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MANE bbe eae 


19 April 1961 


SUBJECT: Change Proposal LAC~100-1, KWM Improvements 


TOs Contracting Officer 


Subject Change Proposal is the result of tests by the 
contractor and prototype installations have proved satisfactory. 
The WSPO therefore approves incorporation of this change. 


Request you provide the contractor formal notification of 
WSPO approval with the additional information that crystal frequen- 
cies required will be furnished by the using organizations. 
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